1634                                 UNIT  CONSTRUCTION  COSTS
Account  9011.01—Two  Exciters,  Two  Air  Pumps,  Two   Circulating
Pump s—Foundation.
This is a large foundation about 15 ft. by 20 ft. by 10 ft. In other respects it is the same as account 9006.0L
Account 9011.02—Two Exciters- Cost and Installation.
This account covens the cost of the material listed below and the labor of installing the same. These are the exciters for the turbine generators. They are Ridgway tandem, compound, balanced, slide-valve engines, direct connected to 75-k.w., 125-volt direct-current generators with a speed of 275 r.p.m.
2 exciters...............................................   $5,744.96
Cable wire etc..............,..........................        286.28
Misccllaneus...........................,................         87.02
$0,118.26
In the labor cost is included wiring and connecting the machines to the switchboard, as well as erecting grouting and trying out.
Account 9011.03 -Three Dry Vacuum Pumps   Cost and Installation.
These pumps are for the surface condensers.    The account covens their cost, erection, grouting and trying out.    They weighed 14,000 11).
;{ dry vacuum pumps 8-iu. steam by 20-in. air by 1'2-in. .stroke,   $.'i,K$G,ll Grout, packing, etc ...... ...... ..... ....,...,. ...... .......         53.99
Account 9011.04   Three Circulating Pumps and Engines   Cost and Installation*
These pumps furnish the circulating water for the surface condensers. This account covers the cost of the material listed below anil the labor
of erecting and trying out.
3 Lobe,   1H by 20, eydoidnl  pump**,  capiuuty 49,5 gallons
per rev,, and   Three 27-in. flexible coupling, . . , , ...... ,   $4,425,25
Three II by 14 .Kirlgway, mtnplt) balane.ee!, wlitle-vulvts
enginew for direct ewmeetitm to above pumps ............    4, 124, BO
Grout, packing, ete, .,.,,...,..,.,,..,.,..,,,...,....... 179,43
Account 9011,05   Two Exciters-- Painting. Bee account 900(12.
Account 9011.06   Three Air Pumps • Painting.
See account 9000.2,
Account 9011.07- Three Circulating Pumps—Painting. Bee account 9000.2.99
